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SUBJECT <i:  OXCART ~ Titanium Statue 


20K1AGa a. On AF rd end the under- 
signed set with of Tac, for the marpose 
of reviewing the atatus of titenian deliveries and reiterating the [D/P's 


egpcern and interest in expediting thia aspect of the OXCART program. 
a | tekmeviedeed tha slip in deliveries originally Pocecast tos 
Prineriiy to: 


a. The stringent quality ccmtra!l aeasures impowed for tris 
program which resulted in high reles of rejections of materie. - 


&. The extended period of time regeired ty THO to learn 
now te peadle and process titanium in gocarliance with the rigié 
CACART apacificationa. 


t. The complex TMC methad of processing titantun which 
in meny inptesces requires ahipeeats of material Between 4 
nusber of PE plants involved in @ perticuler processing eycie. 


2. me etressed that he fa mindful of toe hign national 
objectives ority of the OXCART pregre: and, therefore, TRC manage- 
ment im devoting full attention to uxpediting titeniua deliveries and 
oeeting current end revised schedules. [ERB feeio toet TH’ sow te in 
& ponition to ispreve delivertes and to completa all cutetemling orders 
for Lockheed by 1 August 1951. 


3. Foe the recom 14 must be oeted that Teo bes bean given ihe 
moet difficult titanium assignments by Lockheed. Farther, TH is the 
oaiy titeniun supplier which Leckheed feunt to be capable of twking an 
emt. gecomplishing tas woet complex titeniun tasks exit orders contracted 
for by Lockheed. 
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